
RETUPvN to an Order of the Honourable The House of Commons, 
dated i6 June 1837 'i—for, 

A STATEM ENT of the Progress which has been made in the Ordnance Survey and 
Townland Valuation of JrcZaret^ since their commencement ; of the Total Number of 
Acres which have been Surveyed and Valued; of the Counties which have been brought 
under the full operation of the Act of the 7th Geo. 4, c. 62, and of subsequent Acts for 
the levy of Baronial Cess ; and showing in particular the Progress which has been made 
during the year immediately preceding the date of this Return ; with an Estimate of the 
Time that will be required to complete the Survey and Valuation. 



Copy of a REPORT from Colonel Colby, Royal Engineers, dated 24 June 1837. 

1 . Statement of the progress which has been made in the Ordnance Survey of Ireland. 

The survey of 16 counties is finished, viz. : 1. Londondeny, 2. Antrim, 3. Tyrone, 4. Down, 
0 . Fermanagh, 6. Monaghan, 7. Louth, 8. Donegal, 9. Cavan, 10 . Armagh, II. Meath, 
12 . Leitrim, 13. Longford, 14. Dublin, 15. Sligo, and 16 . Roscommon, of which the first 
12 are published, and the remaining four in progress of engraving. The survey of six 
counties is in progress, viz.: 17. Westmeath, 18. Kildare, 19. King’s County, 20. Mayo, 
21 . Wicklow, and 22. Galway. 

2. Statement “of the total number of acres surveyed.” 

On the 31st March 1837 the number of acres surveyed was 8,620,093 acres. 

3 . Showing in particular the progress which has been made in the year immediately 

preceding the date of this Return. , j j • * 1 . n v 

2,236,893 acres surveyed, and the maps of four counties published, dunng the rarlia- 
mentary year 1836 - 7 , (the maps of the two counties, viz., Meath and Leitrim, have already 
been published in the present Parliamentary year). 



4. An estimate of the time that will be required to complete the survey. 

The amount of the time which will be required to complete the survey depends almost 
entirely on the amount of annual grants. In a statement which I forwarded m 1834 to 
the Honourable Board of Ordnance, and which is printed m the Sessional Paper, No. 62^, 
for the vear 1834 , I made an estimate of the period within which the townland survey ot 
Ireland might be completed, on the assumption of gradually increasing annual grauts. 
I then namid eight years, three of which have expired. The progress during each of those 
years respectively has been 1,571,110 acr« in 1834-6 ; 1,864,838 acres m 1886-6, and 
2,236,893 acres in 1836-7 ; manifesting a very large annual increase in the rate ot progress. 
And as only about 11 , 000,000 acres of Ireland now remain to be surveyed, the above ratio 
of annual i^rease of progress would, if sufficient funds were granted to mamtam it, complete 
the townland survey in between tliree and four years. 

By order of the Master General and Board of Ordnance, 



Office of Ordnance, \ 
12 July 1837. J 



R. Byham, Secreta^}^ 
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